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Satiers, to be placed and sett on the topp of every of
the same postes : and saveing alsoe that the saide
Peter Streete shall not be charged with anie manner
of paynteinge in or abonte the saide frame, bowse,
or stadge, or anie parte thereof, nor rendering the
walles within, nor feelinge anie more or other roomes
then the gentlemens roomes, frwoo-pennie roomes, and
stadge, before mentioned. Nowe thereuppon the said
Peter Streete doth covenante, promise, and graunte
for himself, his executors, and administrators, to and
with the said Phillip Henslowe, and Edward Allen,,
and either of them, and thexecntors, and adminis-
trators of them, by these presents, in manner and
forme followinge, that is to say ; That he the saide
Peter Streete, his executors, or assigns, shall and will
at his or their owne propper costes and chardges, well,
workman-like, and substantially make, erect, sett
upp?and fullie fhmishe in and by all thinges accordinge
to the true meaninge of theis presents, with good
stronge and substancyall new tymber and other ne-
cessarie stuff, all the said frame and other works
whatsoever in and uppon the saide plott or parcell of
grounde, (beinge not by anie authoritie restrayned,
and having ingres, egres, and regres to doe the same,)
before the five and twentyth daye of Julie, next
comeing after the date hereof. And shall alsoe att
his or their like costes and chardges provide and find
all manner of workmen, tymber, joysts, rafters, boords,
dores, bolts, hinges, brick, tyle, Lithe, lyrne, haire,
sande, nailes, lead, iron, glass, workmanshipp and
other thinges whatsoever which shall be needful, con-
venyent and necessarie for the saide frame and works
and everie parte thereof: and shall alsoe make all the
saide frame in every poynte for scantlings lardger and
bigger in assize than the scantlings of the timber
of the saide new-erected howse called The Globe.
And alsoe that he the saide Peter Streete shall furth-